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ef a third track to the Prague- 
been laid to accommodate the 
necessary constructionsof bridges, concrete 
However, a road overpass near 
and the concrete viaduct 

at the eastern end of the Cesky Brod (051/MO8) station has not been finished 


yet. 


Work has progressed on the planned addition 
Kolin line.* Telecommunications lines have 
projected third track, and the 
culverts, and viaducts are largely completed. 
Rostoklaty (051/M0S) still has to be lengthened, 


25X1X 


the planned addition of a second track to the Brne-Tisnov 
(050/N03) - Pribyslav (050/M73) - Havlickuy 

at the Brno Kralovo Pole station, where the 
overpass, The site oF the 


Construction work on 
(p50/N21) «= Nove Mestons Morave 
Brod (050/M64) can be observed 
new track is to run westward through a tunnel and on an 
new track does not closely pavallel the existing line. Between Brno and Tisnov, 
it crosses the existing track about three times om an overpass. Between 
Pribyslay and Havlickuv Brod, it runs nearly parallel to the old track, and 

in this section most of the new track has been laid. As far as can be observed 
from the original track, the bridges, crossings, communication lines, and 
signals required for the new track appear to be nearly completed. ** 


25X1 Hk omment: Work on double~tracking the Brno -Havlickuy Brod line was 


Started during the German occupation put was discontinued after World War IT 
and not resumed until 1950. : 
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